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ACTION FBO-05 

INFO OCT-01 NEA-10 ISO-OO SY-05 A-01 OPR-02 /024W 

097001 

R 191020Z JUN 75 
FM AMEMBASSY TEL AVIV 
TO SECSTATE WASHDC 7153 

LIMITED OFFICIAL USE TEL AVIV 3843 

FOR A/FBO - A/SY - NEA/EX 

EO 1 1652: N/A 

TAGS: ABLD, AFSP, ASEC 

SUBJECT: MOVING OF COMMISSARY 

REF: STATE 131989 
TEL AVIV 2804 

HEREUNDER AS REQUESTED BREAKDOWN AND DESCRIPTION OF WORK INVOLVED: 

1. DETAILED ESTIMATED COSTS OF PREPARING COMMISSARY SPACE IN B1 
AREA: 


DESCRIPTION LABOR COSTS MATERIALS COSTS 

A) CUTTING NEW ENTRY FOR 
COMMISSARY FROM SOUTH 
ALLENY INCLUDING PROVISION 

AND INSTALLATION OF DOOR $ 296.00 $23 1 .00 

B) TEARING DOWN UNNECESSARY 
WALLS IN B1 AREA, RESULTING 

REPAIRS, HAULING AWAY SCRAP 234.80 73.20 

C) FILL & TERRA 7,7,0 TILES IN NEW 

COMMISSARY AREA (AT PRESENT ROUGHT 
CEMENT TILE FLOOR) 2,433.79 1,588.67 

LIMITED OFFICIAL USE 
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D) TOUCH UP PLASTERING (PRESSUME 

PLASTERING NOT REQUIRED IN 
COMMISSARY AREA) 184.70 56.47 
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E) NEW PARTITION OF 6" BLOCKS 

BETWEEN PARKING AREA AND 
COMMISSARY AREA 346.50 231.00 

F) SUPPLY AND INSTALL FREIGHT 
ENTRANCE DOORS FROM PARKING 

AREAS TO COMMISSARY 192.50 127.30 

G) PAINTING 295.60 179.74 

H) PROVIDE AND INSTALL POWER 

LINES (FOR FREEZERS ETC.) 752.55 1.128.82 

I) CONNECT UP ELECTRICAL 

EQUIPMENT 134.75 

J) CONNECT FREEZERS TO EMERGENCY 

GENERATOR (ADDITONAL) 96.25 64.16 

K) PROVIDE AND INSTALL WALT. OUTLETS, 

16 LIGHTING FIXTURES USING DOUBLE 

100 WATT FLOURESCENT BULBS 836.22 557.48 

L) PROVIDE AND INSTALL PLUMBING, 

GREASE PIT SEWAGE PUMP, LINES, 

HOT WATER, SINK, FLOOR DRAINS 
ETC. FOR BUTCHER SHOP AREA OF 
COMMISSARY 1,155.00 783.00 

M) PROVIDE AND INSTALL CABINET 

DOORS TO HIDE FREEZER 
CONDENSERS INSTALLED ON 
OUTSIDE WALL 161.70 107.80 

TOTAL ESTIMATED COST DOLS 17,500.00 OF WHICH: LABOR DOLS 7,120.36 
MATERIALS DOLS 5,129.64 OVERHEAD DOLS 2,625.00 AND PROFIT DOLS 
2,625.00 
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2. DETAILED ESTIMATED COSTS OF PREPARING SUPPLY ROOM SPACE IN B2 
AREA: 


A) PUTTING UP NEW PARTITIONS 
OF 4" BLOCKS TO MAKE 

PRINTING ROOM AND OFFICES DOLS 346.50 23 1 .00 

B) ELECTRICAL FITTINGS AND 

LIGHTS FOR ABOVE 442.80 294.60 

C) CARPENTRY WORK FOR ABOVE 

(DOORS ETC.) 192.50 128.30 
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D) PTINTING 284.60 179.70 

TOTAL ESTIMATED COSTS DOLS 3,000.00 OF WHICH: LABOR DOLS 
1,266.40 MATERIALS DOLS 833.60 OVERHEAD DOLS 450.00 
AND PROFIT DOLS 450.00 

3. ESTIMATED COST OF MOVING COMMISSARY SUPPLIES AND EQUIPMENT 
TOTAL DOLS 8,085.00 - ALL LABOR. 

4. ESTIMATED COST OF MOVING OFFICIALS SUPPLIES AND 
EQUIPMENT TOTAL DOLS 3,600.00 - ALL LABOR. 

VELIOTES 

LIMITED OFFICIAL USE 


« END OF DOCUMENT » 
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Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 19 JUN 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: CunninFX 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975TELAV03843 

Document Source: ADS 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: n/a 

Film Number: D75021 3-0991 
From: TEL AVIV 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19750699/baaaaeuj.tel 
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Locator: TEXT ON-LINE, TEXT ON MICROFILM 
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Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
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